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SECRET Vu > 


Weetinghovse Blectric Corporatica 
Prienéship Ioternational Airport 
Baltimore 27, Maryland 


attention: ET cates tagiacer 
Gentlenen: ee ete 


Reference ic made to Contract No. TA-3035, dated 28 May 1957, 
ee the design, Gevelogeeat and coustructios of a flyable model of 
Terrain Avoidance Syster, at an estimated contract price of 
Por | 25X1A 


Bffective 12 Mareh 1953, delegation of responsibility for 
guidence ané direction of the Contractor's performance 


tecmuical 

ef the comtract eul ace @ of the contract work ta hereb 

icasesset 1 7 a 25X1A 
25X1A a of the Terrain e oe Rader 


Branch, Veapons Guidance Ieb., EJ are hereby designated as 25X1A 
Contracting Officer's authorized representatives for carrying 
out this responsf>ility. 


Adteizistration of the contract an4 payment of the Contractor's 
vouchers, Within the predent seuetary limite of the contract only, 
will ecoatinue as responsibilities of this office. The Contracting 
Officerts representatives 4eniguated horeis will, upon request, 
fureiah the Contracting Officer euch iaformation pertaining to the 
ateates of technical performance of the contract work av may be 
aeceesary for proper adninistration end payments under the contract. 


In eontincine Work on Contract Ko! 303) under the technical 
ecoguiasace of BE the Contractor ¢ look te this office or to 


ed nace pai aga ak iran. eRe ps Meryem 
the contract in exness of the estimnted contract price of ME 55y1/ 
aetteovizration fer any overrun of cost secessary for performance of 


att in am 
Ad a 2 8 Bole, 
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the present contract seops, or for incurring additional costs, 

over and above the present. estimated contract price, for performance 
of changes and/or afditions to the coatract scope must be by contrac- 
tuml coverage, separate and apart from Contract No. TA~3O3s, issued 
@irectly by the Air Force and funded by that department. 


Very truly yours, 
25X1A 
ae) 
Contracting Officer 


ACKNOWLEDGED AND ACCEPTED 
WESTINGHOUSE ELECTRIC CORPORATION 


25X1A 


BY, 


pr reese rn a oocon dere nero ene ered abnendenemieiiienteailll 


25X1A 
ps/pct bas 
Distribution: 

Orig. - Westinghouse 
2. - 25X1A 
ies 
he = 

<5. - Proj. Finance 


30342 - 


25X1A 
. - Proj. Chrono (RI) 
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